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. Lo, SEP 1978 
MEMORANDUM FORK: Chief, 2eal Estate ane Construction - 
Division, OL ie : 


PROMS ae ee ae 
ilet, deadquarters Engineering STATINTL 
Branch, RECD/OL "oct. 
SUBJECT: AUSTAR/SAFE Space Acquisition 
REFERENCES MFR dtd 21 Jul 78, Subject: Project 


SAFE Coordination Neeting 


1. Numerous meetings have been held with SAPE and ADSTAR 
personnel regarding their respective projects. It is naw 
necessary to rake firm decisions as te the acquisition of 
space $o that the General Services Administration (GSA) right 
be provided timely guidance to complete these coastruction 
projects, Discussions may be summarized as fellows: 


a. Beneficial Occupaney Date (BOD) for ADSTAR 
August 1979 


b. 3SOb SAFE Phase I July 1980 
c. 30D SAFU Phase II June 1982 


2. in order to meet the requirements above, tre AUSTAR 
area must be vacated for construction by 1 February 1975. The 
SAFE Phase I area must be vacated by July 1979, and the SAFE 
Phase Il area must be available by June 1981. Should the 
Office of Logistics not be able to relocate tis present occu- 
pants of the areas noted above by these dates, ADSTAR auc SAPE 
Project Managers should be immediately informed of that Fact. 


3» The Architectural Design Staff has bean solicited to 
provide input to the relocation problem. Once this input is 
available, the Director of Logistics may then be approached 
with a coordinated recommendat 


STATINTL 
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STATINTL OL/RECD/HEB BB 12m/7543 (15 Sep 78) 
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